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ELECTRO-OPTICAL IMAGING PROGRAM 


| , Fy 70 - FY 75 COST ESTIMATES 


| 1. BYE-~13231-69 requested tnai the Office of Special 

\ Projects Electro-Optical Imaging Program plan previously sub- 

| mitted (BYE-7517-695 dated 16 July 1969) be revise d and updated 
as iecessary based on recent EXCOM decisions end funding 
actions. The July 1969 Financial Plan for the Electro-Optical 
Imaging Program has been impacted to a rmarked degree by 
August and September EXCOM decisions. The FY 70 plan of 
BYE-7517-69 has been in essence superseded by BYE-7690-69 
dated 8 September 1°69. It is against the 8 Septen ber plan that | 
funds were released and the program described in that document 
for FY 70 is now well under way. 


2: The basic objective of the Electro-Optical Imaging 
Program and the overall program philosophy remains as 
described in the July Financial Plan. However, :i.2 overall 
program schedule a: described in that document is no longer 
valid. Based on earlier EXCOM decisions and the guidance in - 
BYE-13231-69, the ;rogram schedule has been rs-vised to be 
consistent with initiation of the acquisition phase of the program ; 
in early 1971 with launch of the first imaging sat. ltite in April 1974. | 

“This new schedule is “atts shed as Appendix I to thic document and~ 

~ replaces Appendix I to BYE-7517-69, The revised schedule has not 
impacted the total cost for the acquisition phase of the program; 
however, time phasing of these.costs has changed. The new funding 
breakdown by fiscal -;ear 2nd by major system elamncat is contained 
in Appendix II to this document. The funding profile in this Appendix 

(oe wun a, 48 based upon 1 1 February 1ovf start of the acquisition phase of 


the program anda FY 71 funding limitation as directed. 


Approved for Release: 2021/04/08 C05097482 


Approved for Release: 2021/04/08 C05097482 
a e * ane if 


3, With the EXCOM decision to charge SAMSO with the 
development of the data relay satellite, costs for that portion 
of the program have been deleted. Actions are now under way 
to establish a working interface with SAMSO so that that organiza- 
tion can begin to develop a program consistent with the require~ 
ments of the Electro-Optical Imaging System. 


4, As with the earlier Financial Plans, cost estimates 
for launch vehicles are not inciuded in this docurxent under the 
assumption that SAFS?P will do the budgeting for. these procurements. 
S4E5P has been intormed of the launch vehicle requirements for 
the snia ging satellite and has been requested to submit to the 
Comptroller, NRO, their cost estimates by fiscalyear. The launch 


vehicles tor the rel..y satellites will presumably be handled in the 


same way as the costs for the relay satellite develonoment itself and 


will be carried in tt norma: Air Force budget. 


5. The cost estimates by major system elements remain 
relatively unchangec! from July 1969 as presented in Appendix IV to 
BYE-7517-69. For completeness these estimates are repeated in 
Apperdix III to this locument. Again the relay satellite has been 


deleted inasmuch as SAMSO has full responsibiliry for this portion 
of the program. 


6. BYE-13731-69 specifically requested > breakout of optical 
system costs. The current OSP estimate of costs of the optical 


svstem development during the acquisition phase of the program is 
The E°1COM decision directing <1 


: FY 70 funds be. ma de Gis ee yes 


2 BYL1.5R0 > insure the orderly Jcvel keel tee ye 
fe optical element fabrication technology at - en 


OI optical system 
virtually 
las the ciuntractor for the 
acquisition phase o! the program. However, cer:ain of the ontical 
system elements m:y be procured from either 


design and fabricati.n efforts in FY 70 to 
assures the selectisn of 


iz OSP has recommended that_ 


It is not possible to judge at this time whether or not any 
major. subcontracts from | 


or 


will in fact mat.-riclize. 
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7. Both the and the airborne 
comiputer programs presently funded through SA¥SP have been 
incorporated as subsystem elements under the Iraaging Sateilite 
beginning with system acquisition in February 1971. 


; 68. BY#E-7699-69 covered the FY TU funding requirements 
for the Electro-Optical Imaging Program. This document covers 
the funding requirerzents for the acquisition vhace of the program 
beginning in March 1971. The July 1970 through February 1971 
funding requirements are not covered in either decument nor is 
any previous budgetery submission valid for this time frame under 
the tevised program: guidelines. OSP has a budgetary plan for . 
this'time frame in Preparation which will be submiitted at an early 
date, 
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